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Message Text 


UNCLASSIFIED 

PAGE 01 STATE 216320 

46 

ORIGIN INT-08 

INFO OCT-01 NEA-05 ISO-OO RSC-01 /015 R 
66603 

DRAFTED BY: USGS/DILONARDO 
APPROVED BY: NEA/ARP F M DICKMAN 
U S GS/WRIGHT 
USGS/FLEMING 

016134 

R 021627Z NOV 73 
FM SECSTATE WASHDC 
TO AMEMBASSY JIDDA 

UNCLAS STATE 216320 

E.O. 11652: N/A 
SUBJECT: SAG PROJECT 

PASS KILLSGAARD FROM DILONARDO 

1. VACUUM FRAME SHIPPED FROM U.S. ON OCTOBER 26 VIA TWA 600. 
SCHEDULED DEPART FRANKFURT OCTOBER 31 VIA SV 282. 

2. SINKS SHIPPED IN THREE CONTAINERS. TWO CONTAINERS SHIPPED 
FROM U.S. ON OCTOBER 31 VIA TWA 600. SCHEDULED DEPART 
FRANKFURT NOVEMBER 3 VIA SV 274. ONE CONTAINER DUE TO LEAVE 
U.S. VIA TWO NOVEMBER 5 FOR FRANKFURT AND UNKNOWN DATE OF SV 
FLIGHT TO JIDDA. 

3. FREDA READY TO LEAVE AS PROJECT REQUIRES. PLAN IS TO WAIT 
UNTIL AFTER SINKS AND VACUUM FRAME ARE ON SITE TO AVOID 
EXTENSIVE INOPERATIVE PHOTOLAB PERIOD. KISSINGER 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 02 NOV 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973STATE216320 

Document Source: CORE 

Document Unique ID: 00 

Drafter: USGS/DILONARDO 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: SECSTATE WASHDC 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: linkl 973/newtext/tl 9731 157/aaaabpsa. tel 

Line Count: 47 
Locator: TEXT ON-LINE 
Office: ORIGIN INT 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: boyleja 
Review Comment: n/a 
Review Content Flags: 

Review Date: 24 SEP 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <24-Sep-2001 by bryansd0>; APPROVED <29-Jan-2002 by boyleja> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

Secure: OPEN 

Status: NATIVE 

Subject: SAG PROJECT 

TAGS: n/a 

To: JIDDA 

Type: TE 
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